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BILL NO... $-85-107 2.2, 
(FLAS 

SPECIAL ORDINANCE NO. S- Oo 

AN ORDINANCE approving Contract 

for Res. #6013-85, Historical 

Museum Alley & Walkway Entrances, 

by the City of Fort Wayne, by and 

through its Board of Public Works 

and Safety and Gaines Construction, 

Co..;* TRE; 

NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. The annexed Contract, made a part hereof, 

by the City of Fort Wayne, by and through its Board of Public Work 
and Safety and Gaines Construction Co., Inc. for Res. #6013-85, 
Historical Alley & Walkway Entrances, is hereby ratified and af- 
firmed and approved in all respects. The work under said Contract 
requires: 

improvement of the area east of 

Historical Museum by construction 


of an alley and walkway entrances 
to the Museum; 


the Contract price is Twenty-Five Thousand Six Hundred Twenty- 





Seven and 40/100 Dollars ($25,627.40). 

SECTION 2. Prior Approval was received from Common 
Coucil with respect to this Contract. Two (2) copies of the 
Contract, attached hereto, are on file with the City Clerk, and 
are available for public inspection. 

SECTION 3. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 


; fF ña 


Councilmember 


APPROVED AS TO FORM 
AND LEGALITY 






A 


Bruce O. Boxberger, 





ity Attorney 


3 Read the first time in full and on motion by ; 
seconded by Q Lie rand we: adopted, sega the Secone time 
by title and referred to the Committee EIA O), la the Cit: 


Plan Commission for recommendation) and Public Hearing to be held after 
due legal notice, at the Council Chambers, Cats j j 7 Fort Wayne 
Indiana, on , the day of. 
STO y at : ck «Ms Beit 
see's 


DATE: AB AS E ES 
DRA E. KENNEDY, CITY CLERK 


: cep 3 

Read the thidd time in full and on motion VS : 
seconded by eto , and duly adopted, placed on its 
passage. PASSED (LOST) by the following vote: 
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DATE: ADS NAS Ve É ae 
SANDRA E. KENNEDY, CITY CERK 


Passed and adopted by the Common Council of the City of Fort 
Wayne, Indiana, as (ANNEXATION) (APPROPRIATION) ae 


(SPECIAL) (ZONING-MAP) ORDINANCE (RESOLUTION) NO. < S¢¢-AS ae, 
) 


el e ee Com oe E = 
ATTEST: (SEAL) 





AR a es, 
SANDRA E. KENNEDY, CITY CLERK 
Presented by me to the Mayor of the City/of Fort Wayne, Indiana, 
nt ) aoe 
on the ed Bl day of ekerz) ; 194 E 


at the hour of SS =0 o'clock ARMS oe 





SANDRA E. KENNEDY, CITY CLÉRK 


Approved and signed by me this Gs day of Pates E 
19 BS > at the hour of 3 30 o'clock / «MA Bose 
E ‘ 






sA Au gas 
WIN MOSES, JR., MAYOR 
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INVITATION FOR BIDS/AWARD OF. CONTRACT? ATi. Se 


ae (Non-Federally Assisted Construction) 
PROJECT: HISTORICAL MUSEUM ENTRANCES RESOLUTION # 6013-85 i 





CONTENTS 
Ñ sus as A ae) 
3 ‘ a yn AE Ss ti MN T 49: 
_ SUCCESSFUL BID, 
Check if contained Pages g 
EROL TE PES e A CIO 


CE E O ee 
TA CTA: E A O 

EPA LEE NASA NI O Seems 
EOS AAA] General Provisions 
A A AA dro iicacionE 
Drawings 

Improvement Resolution 
Notice to Bidders 


ATTACHMENTS 


NO Q sion A fida 

Bidder's Bond 

Performance Bond 

Sworn Experience Questionnaire 

Plan and Equipment Questionnaire 
Contractor Financia tatement Jo-A 
Certificate in Lieu of Financial Statement 
Prevailing Wage Scale - State of Indiana 


OUR IA Payment Bond 
EA Warranty Bond 


Discount for prompt payment |10 Calendar Days|20 Calendar Days|30 Calendar Days _ Other 
| a, ` 


Acknowledgement of Amendments Amendment No. ¡ Date Amendment No. | Date 


(See General Provisions Clause) |! | 


l 
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BID SUMITTED ACCEPTANCE OF BID/AWARD OF CONTRACT 
Contractor 6 AICS Const Co Tic 
By Plena b GALA A Se 
Its E P 


Offer ha a 
Date 3 < S 


Bidder agrees to keep bid open for 
acceptance for —__ (90 days 
unless otherwise specified) 


Complíance: te 4 fi 2 
oR Y Date S- En Y SS 
o l / 


B.O.W.. Non-Fed. "Note: Award will be made on this form 





| INSTRUCTIONS: TO 
7 Board of Public Works and Safety 
City of Fort Wayne, Indiana 


APRIL 26 1985_ 
Non-Federally Funded Construction 
Le Submission of Bids. Sealed bids will be received 
by the Board of Public Works and Safety of the City of Fort 
Wayne, in the State of Indiana, hereinafter "The Board" until. 


: o'clock Am. on the 1 nday of v- 29 85 , at the 
Office of The Board in the Citycon Building. at which time 
the bids will be publicly opened and read, for the following 


described work, as more fully set forth in the specifications: 
RESOLUTION NO. 6013-85 - HISTORICAL MUSEUM ENTRANCES e 
AA TAO HAS IORICAL MUSEUM ENTRANCES _ 


am 


To improve the area east of Historical Museum by constructing an alley and walkway 
entrances to the Museum. = È 


2: Inclusion of Clauses - If a clause in the Invitation 
for Bids (IFB) has a box [] beside it, the clause applies 
to the IFB only if it contains a check mark (Y) or an "x", 


Any questions as to whether a clause is included or not should 
be referred to The Board. 


i 3. Questions as to Bid Document. If a bidder finds 
discrepancies in, or omissions from, the bid document or has 
questions about the project, he should at once contact the City 
Engineers. If the information requested or change made is 
substantive, The Board will ¿issue an amendment to the solici- 
- tation and will send such amendment to all potential bidders who 
have procured an Invitation for Bid (IFB). The Board and the 
City will not be responsible for any oral instructions. 


4. Award of Contract (Timeliness Responsiveness, Respon- 
sibility- A contract resulting from the Invitation for Bids 
will be awarded to the lowest and best timely bidder who is 
also responsive and responsible. If bids are otherwise equal, 
award will be made to that bidder granting the largest prompt 
payment discount. 


5. Bid Requirements. All bids shall be endorsed with 
the title of the work, the name of the bidder, and the date 
of mailing or presentation. All bids shall be filed in the 
office of The Board on or before the day and hour set forth 
above: and stated in the advertisement; and no bid received after 
that time will be accepted. The Board will not accept any late 
filing regardless of reason, including delays in the mail. 


O.C. 12/84 LI - de 
B.O.W. Non-Fed 


All bids shall’ include the exact quantities of each 
item shown on the bidding form for each section of the work, 
and unless the IFB otherwise states, the total cost of the 
various sections shall be considered a lump sum bid. 


6. Examination of Bids For Res onsiveness. After the 
bids are opened and read, The Board will examine them to deter- 
mine if they are responsive. In order to be responsive, the 
bidder must complete all blanks : requiring completion, and must 
submit all information required to be submitted. Any alteration, 
erasure, or interlineation of the contract or the IFB may cause 
the bid to be determined non-responsive. Proposals which are 
unbalanced may also be determined non-responsive. 


However, The Board reserves the right to accept any 
bid, to reject any and all bids, and to waive defects or irregu- 
larities on any bid. 


eae Determination of Responsibility. Prior to awarding 
any contract pursuant to this Invitation for Bids, The Board 
will make a determination of responsibility. An award-of a 


contract to a bidder shall constitute an affirmative determina- 
tion of responsibility. 


In reaching a determination of responsibility, The 
Board can consider among other factors: 


(a) The Contractor's record of integrity. 


(b) The Contractor's experience and past performance 
record in construction work. 


(c) The Contractor's financial status. 


(4) * The Contractor's capability to perform the 
project. 


(e) Whether the bidder is in arrears upon or in 
default of any debt, contract or other obligation 
to the City of Fort Wayne. 


(£) Whether the bidder is debarred fron Federal or 
City of Fort Wayne contracts. 


(g) The bidders record in MBE/WBE compliance. 


(h) Whether the bidder is engaged in litigation with 
the City of Fort Wayne. 


0.C.. 12/84 I - 2 
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In arriving at a determination of responsibility, 
The Board may institute a pre-award survey on any or all bid- 
ders. That pre-award survey may examine any of the consider- 
ations relating to a bidder's responsibility as set forth above. 
Bidders will cooperate with the pre-award survey team. Failure 
to cooperate can result in a finding of non-responsibility. 
ue Be Pregualification - In addition to being timely, respon- 
sive,and responsible, a bidder must also be prequalified by 


the State Department of Highways in order to be awarded a 
Contract. ; A 


9. Bid Bond or Deposit. Each bid must be accompanied 
by a bond executed by the bidder and surety satisfactory to 


The Board, in a sum of FIVE percent (5_%) of the aggregate 
amount of the bid, but in no case less than $100.00; or the 
bidder may deposit with The Board in lieu of such bond, a 
certified check on a solvent bank in a sum of percent (__$) 
of the aggregate bid or proposal, but in no case less than 
$100.00, which certified check shall be payable to the City of 
Fort Wayne. The bid bond or certified check shall serve as a 
guarantee that should the said bid be accepted by The Board, the 
bidder will, within ten (10) days after the time he is notified 
of the acceptance of the bid, enter into a contract with the City 
of Fort Wayne for the work bid upon and give bond with surety to 


be approved by The Board, insuring the faithful completion of the 
contract. 


In case a bid is not accepted, the obligation of the 
said bond shall be null and void. and the certified check will 
be returned to the bidder, as the case may be. In case a bid 
is accepted, and the bidder does not enter into a contract with 
the City of Fort Wayne for the work bid upon within ten (10) 
days after notification of award, then the obligation of the 
bond or the certified check shall be forfeited to the City of 
‘Fort Wayne fot ascertained and/or liquidated damages for failure 
to enter into a contract. Provided that, the City's action in 
forfeiting the bond or retaining the certified Check shall not 
preclude the City from taking any further action against the 
contractor to recover for all actual damage, the City has 
suffered. 


10. Sworn Experience Questionnaire, Plan and Equipment 
uestionnaire and Contractor's Financial Statement. Each bidder 
will submit with and as part of its bid the following documents 
under oath and on forms prescribed by the State Board of Ac- 
counts, or shall have the following forms on file with The Board 
which shall not be less than one year old. 


0.C. 12/84 I- 3 
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(a) Experience Questionnaire. 
(b) Plan and Equipment Questionnaire, and 
(c) Contractor's Financial Statement (Form 96-A) 
or Certificate in Lieu of Financial Statement. 


ll. Execution of Additional Bid Documents. In addition 
to all documents previously mentioned as having to be executed 
and submitted as part of the bid, each bidder will be required 
as part of its bid to execute and submit the following documents 
as specified below: 


(a) Non-Collusion Affidavit 
O (pb) Prequalification Statement 
(c) 
(a) La: 
(e) 


12. Brand Name or Equal-Specified Materials. Where, in the 


specifications, one or more specified materials, trade names, or 
articles of certain manufacture are mentioned, it is done for the 
purpose of establishing a basis of durability and proficiency, 
and not for the purpose of limiting competition. The bider can 
submit other names of materials and, if, the Director of the 
Board determines that, they are equal in durability and suf- 
ficiency to those mentioned and of a design in harmony with the 
work as outlined, then the bid will be accepted as responsive. 
However, if the Director of the Board determines that such 
materials are not equal, then the bid may be rejected as non-re- 
sponsive. Consequently, bidders are advised to submit any such 
request for changes or deviations in materials to the Director of 
The Board prior to submitting bids. Any approval of deviation 
will be by written amendment to the solicitation and will be 
submitted to all bidders who have obtained IFBs. 


13. Minority Business Enterprise/Women Business Enterprise 


Requirements. 
(CONSTRUCTION) 


It is the policy of the City of Fort Wayne that 
Minority Business Enterprises and Women Business Enterprises 
should participate to the greatest extent possible consistent 
with the State Law in Procurement Contracts awarded by the City 
of Fort Wayne. 


In order to fulfill this policy, the City of Fort 
Wayne has adopted General Ordinance G-16-84 (Chapter 7 of the 
code of the City of Fort Wayne) which sets participation goals 
for procurement contracts of at least 7% for Minority Business 
Enterprises and at least 2% for Women Business Enterprises. 
To meet the participation goals, a Minority Business Enterprise 
may be either a prime contractor, sub-contractor, or a joint 
venture. 


O.C. -12/84 I - & 
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Y 


: ; Minority Business Enterprise (MBE) is a business of 
which at least 51% is owned and controlled by minority group 
members. ("Minority" means Black, Hispanic, American Indian, 
Asian, Pacific Islander, and Alaskan Native). The minority 
owners must exercise actual day-to-day management, as well as 
actively participate in management and policy decisions affecting 
the business. The contribution of capital, equipment or exper- 
tise made by the minority owners must be real, substantiated and 
documented. AR : 


Women Business Enterprise (WBE) is a business of which 


at least 51% is owned and controlled by women. The women owners 
must excercise actual day-to-day management, as well as actively 
participate in management and policy decisions affecting the 
business. The contribution of capital, equipment or expertise 
made by the women owners must be real, substantiated and docu- 
mented, 


The contract for which this proposal/bid is prepared 
is governed by the MBE/WBE Ordinance. This form must be con- 
pleted in order to be responsive to this LEB/RFPY.. Lf. the 
participation goal of 7% for MBE and 2% for WBE are not met or 
exceeded in your bid or proposal, the reasons for this failure 
and reasonableness and good faith of efforts to meet this goal 
shall be evaluated in determining whether the bidder/offeror is 
responsible. 


A list of possible MBE/WBE contractors/suppliers are on 
file in the Compliance Office, Room 800, City-County Building, 
for Contractor review. 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO THE MBE/WBE 
GOALS OF hae FOR WORK DONE PURSUANT TO THIS CONTRACT: 


A. 


` The undersigned firm certifies that it is an 
MBE/WBE Contractor (cross out inapplicable pro- 
vision). 


For MBE specify percentage of minority ownership 


For WBE specify percentage of women ownership 





B. The undersigned certifies that they are a joint 
venture in which the following (MBE/WBE) firm 
(cross out inapplicable provision) is 
a joint venture partner. 


O.C. 12/84 I- 5 
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The MBE/WBE firm (cross out inapplicable pro- 
vision) shall have /JO y participation (em- 
ployees) /00 % participation (costs) in this 

‘project. = 
Specify the percentage of minority/women ownership 
in the MBE/WBE firm $. (cross out inappli- 
cable provision) 


C: The undersigned commits. % of the total bid price 
as a subcontract to minority business enterprise parti- 
cipation. The MBE firms which are proposed as subcon- 
tractors are the following: 





Name of rm Address Type of Work 
1% 
Ze 
Sc 


D. The undersigned commits ( ) % of the total bid price 
as a subcontract to women business enterprise participa- 
tion. The WBE firms which are proposed as subcontractors 
are the following: 


Name of Firm Address Type of Work 
E. 
2 
q 


Bs Complete (1) and (2) below if participation goals 
of 7% MBE and 2% WBE have not been met. 


Ls My Company cannot meet the participation 
asons: 








ax We have taken the following steps in an 
attempt to comply, with these participation 
goals:_/0 Fadte / CDB Fe 





(attach additional sheets as necessary) 
Contractor E Ä/NLS fons Contractor 
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14. Minority/Female Hourl oyment Requirements. . 
The City's policy is to: encourage a greater utilization of 
minority and/or female employees in City construction projects. 
The Board has, therefore, adopted a minimum. goal of 17% of the 
total. work: hours on each project to be expended by minority 
and/or female employees. ("Minority" shall include: Blacks, 


Hispanic, Asian, Pacific Islander, American Indian or Alaskan 
Native.) 


The bidder shall state in "A" below the percentage of total 
work hours which the bidder and his subcontractors will .employ 
and utilize women and minority employees on this project. If a 
contract is awarded as a result of this bid, the percentage 
figure set forth in "A" shall become contractually binding on the 
bidder. The successful bidder will also be required to prepare 
reports for the City demonstrating compliance with this percen- 
tage and will allow city officials access to his records, 
facilities and work site and to those of his subcontractors to 
determine compliance. 


The bidder must fill in the required blanks in this clause in 
order to be responsive to this IFB. If the bidder does not 
meet or exceed the hourly utilization goal of 17% minority/fe- 
male participation, the reasons for this failure and reason- 
ableness and good faith of efforts to meet this goal shall be 
evaluated to determine whether the bidder is responsible. 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO MINORITY/FEMALE 
HOURLY UTILIZATION. 


A. The undersigned firm certifies that it will employ 
and utilize minorities and females and/or will ensure that its 
subcontractors employ and utilize minorities and females so 
that minorities and females will work at least /20% of the total 
hours worked on this project. ~ 


B. Complete (1) and (2) below if the hourly utilization 
figure set forth in "A" is less than 17%. 


Le My Company and its subcontractors cannot meet 
the 17% minimum hourly utilization figure for the 


following reasons: 

e ER We etl A E E SR E 
eee 
$$ eee 
ği a A A II 4 a 
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2. - My Company has taken the following steps in'an attempt 
«to comply with the 17% hourly utilization figure: 


5: . 
— - AAA ee a 
(attach additional sheets if necessary) 


~ 


Contractor CA LLY ze LEAS £f- 





: 15. Required Prevailing Wage Schedule Payments - Pursuant 
to Indiana Code 5-16-7-1, All contractors and subcontractors 
working on the project awarded pursuant to this contract shall 
pay the prevailing wage rates for skilled, semi-skilled and 
unskilled laborers, workmen and mechanics. This wage determin- 
ation has been made in accordance with the procedures set forth 
in Indiana Code 5-16-7-1. This determination and the required 
wage rates are available for examination by any prospective 
bidder at The Board of Public Works and Safety, 9th Floor, 
City-County Building, Fort Wayne, Indiana. 


If a bidder is awarded a contract as a result of this Invitation 
. for Bids, he/she/it shall file a schedule of wages, on forms 

provided by the City of Fort Wayne, demonstrating compliance 
with the wage rate determination. The successful prime con- 
tractor shall be responsible for obtaining schedules from all 
subcontractors. All schedules shall be filed before the con- 
- tractor commences any work on the project. 


Penalties for failure to pay the prevailing wage rate are set 
forth in Indiana Code 5-16-7-3. 


16. Site Orientation. A site orientation (wibby/will not) 
be conducted by the City Engineers. If such an orientation 
is conducted, it will be held on the day of ; 4S. 
commencing at ___ o'clock __.M. at the site of the project. — 

Regardless of whether a site orientation is conducted 
or not, bidders are required to visit the site of the work, 
and inform themselves fully of the conditions, under which the 
work will be performed. The bidders shall be responsible for all 
conditions that affect the work, including, but not limited to 
all sub-surface conditions. 4 
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; l7. Performance Bond. : The: successful bidder, at the time 
of signing the contract will be required, at his own expense, 
to furnish a bond guaranteeing faithful execution of the con- 
tract, in full amount of the contract price, executed by the 
bidder and a surety to be approved by The Board, on the bond form 
headed by The Board. The Performance Bond shall contain the 
following clause: “The said Surety, for value received, hereby 
stipulates and agrees, that no change, extension of tine, 
alteration or addition to the terms of the contract or to the 
work to be performed thereunder, or the specifications accon- 
panying the same, shall in any way affect its obligation on this 
bond, and it does hereby waive notice of any change, extension of 
time, alteration or addition to the terms of the contract, or to 
the work or specification." 


18. Additional Bonds. If a bidder is awarded a contract he 


will also be required to execute with.surety, satisfactory to The 
Board; j 


La A. Payment Bond. In the amount of payment to be made 
under the contract. 


bg B. Warranty Bond. In the amount of the contract 
' Warrantying the contractor's performance of a 


period of three year after the date of the City's 
acceptance. 


19. Councilmanic Approval and Ratification of Contract. 

This agreement, although executed on behalf of the Owner by 
the Mayor and The Board, shall not be binding upon the Owner 
unless, and until, the contract has been ratified and approved by 
the Common Council of the City of Fort Wayne, Indiana. And if 
the Common Council fails to approve the contract within ninety 
days after the date of bid opening, then the Contractor shall not 
be bound to the contract unless he/she/it elects to be so bound. 


20. Method of Contract Award. The contract resulting 
from this IFB will be awarded: 


A. On an all or none basis. 


g B. .As follows: 


O O O OOO 


A 


xKAA AA= --=z- -_----=====2=+4144141414141 


. ' 
i 
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> date, that it will be difficult or impossible to make an accurate * 


-z after issuance.of: the notice -to proceed that the ‘project’ remains “> 


Ph incurred by the City ~of Fort Wayne. : The parties. further “agree 


SCHEDULE p 
Board of Public Works and Safety 
The contractor agrees to furnish at his/her/its own. cost ` 
all labor, insurance, materials, equipment, and power for the 
complete performance of the following project: : 
RESOLUTION NO. 6013-85 - HISTORICAL MUSEIM ENTRANCES 22 
To improve the area east of Historical Museum hy constructing an alley and. a 
walkway entrances to the Museum, y LES NO 


All work will be performed in accordance with: Resolution 
#6013-85 the IFB, this contract and the applicable plans, specifi-  - 
cations, and drawings for 'a TOTAL PRICE of $ Aan: LIS. 
unit prices are applicable, the contractor AL to perform 
for those unit: prices as set forth in the Schedul 
-attached hereto). ba eee A 


` The work shall be commenced within ten (10) days after." 
The Board issues a written notice to proceed. All work shall“: 
be completed wkxsÉmbxby 8/31/8%ays, after issuance of the notice to... 
proceed. Those days which the contractor cannot work because `~ 
of severely inclement weather shall not. bé counted. Se a peas 


Ee See 


eof Unit Prices. -' 
GOAT 4R 



















La gey 
cares iy ete eS 
orm: 


WES 


ae cis oa eat BEE ie Tage RSE EBT ie SETS E h et ieee 
[1 Liquidated Damages Provision. (This clause shall be appii- 
cable to this contract only if the box contains a checkmark or an “3 
"X".) It is hereby agreed by and between the City. of Fort Wayne * 
and Contractor that time is of the essence of this agreement į 

_ and the contractor agrees that it will complete the project:. 
as herein defined on or before 8/31/85 gaye after issuance of. the.” 
notice to proceed. The parties agree that it.is a business and 
governmental necessity that the project be completed by this: 


re 





A A 





. determination. of the damages. that would be. incurred by. the ‘City: 
< of Fort Wayne, and therefore provide. for liquidated damages‘ in”: 
_the~sum of $250.00 "° per.day for each and every .day after8/31/8aasxsx: 


ns estes a ww 
pote 


-, uncompleted<*=The. part ies: agree that) .the*tsum. of%$ 250.00- per day sf 
“iss e reasonable “estimate “as ‘tothe. damages which would™be-% 






cs : 
aor OS 
i 










that causes beyond the control of the contractor: may delay -the 32. - 


- completion date. Therefore, the parties agree that delays in the %24- 
_ completion date beyond the control of the contractor shall not =. ` 
‘result -in liquidated damages Pen RS, Bie E mA SR 


dy 











mes 


ue $e e PERS 


Delays beyond the control of the ‘contractor. can include” but”. E 
_ are not necessarily limited: to, the-following: -—Acts of God, {4 > 
“strikes, lockouts or industrial disturbances, acts of. public . 
enemies, restraining orders of any kind by the government of 
the United States of America or of. the State of Indiana ‘or any 
of their departments, agencies, or officials, or any civil or 
military authority, insurrections, riots, landslides, earth- 
quakes, fires, incapacitating storms, floods, and explosions. 


07. E Fh StS om le E a 
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CERTIFICATE IN LIEU OF FINANCIAL STATEMENT 


Too Derg 7 ee 5 the thor tis ) 
i (mame) : 
A A Gaita. Cpr dt a an 
(position) : 


(company) 


hereby certify: 


(1) That the Financial Statement of said company, dated the 1.374 
day of , Re on file in the office of the Board of 
Public Works of the City of Fort Wayne, Indiana, which Financial Statement is by 
reference incorporated herein and made a part hereof, is a true and correct 
statement and accurately reflects the financial condition of said company as-of 
the date hereof; 


(2) That I am familiar with the books of said compeny showing its financial 


condition and am authorized to make this certificate on its behalf. 
h Au N ; 
Dated: A 149 S Ss 

of (signature) 


SUBSCRIBED AND SWORN TO before me, 2 Notary Public, in and for said 


‘ 2 ` 
County and State, this Ia day of M F j 19 %6 è 





My commission expires: 


sy (54 | 





ITEMIZED PROPOSAL 


: 3 . eS ae ' Name: of Contractor 
Note: Contractor will be paid on measured quantities Y) ‘ ; ms 
; ; Pelle f i AtW> 
only at umt-price bid. : : 


Project Name: HISTORICAL MUSEUM ENTRANCES | 









3 8" Concrete Pavement 6 | YIO 200 OO 
| | ; 
| 5" Curbface Walk ooo lsri? 
a) 


AAA 
laz bal 220122 


3%" Unfinished Concrete 


| E: 
225 IL.F 
CE 


2 JEA. FDO ZAAD 


Type II-A Curb 


Casting Adjust 





Topsoil . 


| | 
| | 
| | 
| | 
| | 
| | 
| | 
| | 
i | 8" x 8" Pavers Furnished and Installed | 132 |S- F o. col G 
i | aS. 
| | 
| | 
| | 
| | 
| | 
| | 
| | 





























Sub 
icinesnna A inscectien 10% 





NON-COLLUSION, AFFIDAVIT 
RETO, AREA VEL 


The Bidder, by its officers and CHI CS Coy Säl 

RG o a E AE AE S 
agents or representatives present at the time of filing this bid, being duly 
sworn on their oaths, say that neither they nor any of them have in any way, 
directly or indirectly, entered into any arrangement or agreement with any other 
bidder, or with any public officer of such City of Fort Wayne, Indiana, whereby 
such affiant or affiants or either of them, has paid or is to pay to such other 
bidder or public officer any sum of money, or has given or is to give such 
bidder or public officer anything of value whatever, or such affiant or affiants 
or either of them has not directly or indirectly, entered into any arrangement 
or agreement with any other bidder of bidders, which tends to or does lessen or 
destroy free competition in the letting of the contract sought for by the 
attached bids, that no inducement of any form or character other than that which 
appears upon the face of the bid will be Suggested, offered, paid or delivered 
to any person whomsoever to influence the acceptance of the said bid or awarding 
of the ‘contract, nor has this bidder any agreement or understanding of any kind 
whatsoever, with any person whomsoever to pay, deliver to, or share with any 


other person in any Way or manner, any of the proceeds of the contract sought by 
this. bid: 


Subscribed and sworn to before me by € oF NES 
this /$ day of NETA 


My Commission Expires: 


Notary Public 
Yo lo Resident of Clg, ' County, IN 


Subscribed and sworn to before me by 


this day of > A 
A E, E A A A SEDES 

























My Commission Expires: 

Notary Public 

Resident of County, IN 
A A E A E E 


Subscribed and sworn to before me by 
this day of , r 
My Commission Expires: 

Notary Public 

Resident of County, IN 


Contract No. 


TO BE EXECUTED BY BIDDER AND SURETY COMPANY BEFORE DEPOSITING BID: 
ne BEFORE DEPOSITING BID: 


BIDDER'S BOND 


Know All Men by These Presents: 


as principal 
le ae 
and 

PGES eg Bae eT RE eee, 
and as sureties, 


are held and firmly bound unto the City of Fort Wayne, Indiana, in the sum 


That WE, 


of DOLLARS ($ $, 
: 

to be paid to the said City of Fort Wayne, Indiana, or its successors or 

assigns, for the payment of which, well and truly made, we hereby bind our- 

selves,. our heirs, successors, executors and administrators, jointly and 

severally, firmly by these presents. 


Signed and sealed at > this 
a A A O 
E 19 
ee SA a 


‘The condition of this obligation is such that if the accompanying bid or 


proposal of 
i « . 
A e o ES) MENE > 


made this day to the City of Fort Wayne, State of Indiana, is accepted, and the 
contract awarded to the above bidder, and the bidder shall, within ten (10) days 
_ after such award is made, enter into a contract with the City of Fort Wayne, 
State of Indiana, for the work bid upon, and give bond as required; then this 
obligation shall be null and void; otherwise, it shall remain in full force and 
effect. 


SIGNED at 
mar ec pe a ah 


this day of +19 x 
E MIA MA IA A A ECN MA E O AS e Se 





day of 


IíáOOK] —W _ _ ns 
Le 
. . A ITA E e a 
Principal : Surety 


*If signed by an agent appropriate power 
of attorney shall be attached 


Contract No. 


THE CITY OF FORT WAYNE 


CITY-COUNTY BUILDING © ONE MAIN STREET © FORTWAYNE, INDIANA 46802 





board of public works 


TO ALL CONTRACTORS WITHIN THE CITY LIMITS. OF FORT WAYNE 
Gentlemen: 


The City of Fort Wayne Street Department has advised the Fort Wayne Board of Works that 
_ the third trick Street Department crews are spending approximately 50% of their time 

: Te~erecting barricades Placed on various projects throughout the City. This responsi- 
bility of maintaining construction signs, barricades, etc., belongs entirely with the 
contractor. 


Please refer to the attached copy of the City of Fort Wayne application for permit to. 
cut into Fort Wayne streets, whereby the contractor is responsible to ere 
all necessary barricades. The City makes reference to The Indiana Manual on Uniform 
Traffic Devices for Highway Construction and Maintenance Operations; Indiana State 

Highway Commission —- date, 1975. 


Maintaining these signs shall include necessary stabilizing of the signs whether this be 
accomplished by embedding the legs of the sign in the street or using sandbags as bal- 
last on the lower crossarms or legs of the signs. Other procedures of installing ballast 
on signs may be devised by the contractor, however, under no circumstances, shall sand- 
bag ballast be placed on the top of barricades. This has been determined as a hazard 

to the driving public. Should one of the Signs be hit by a car, the Sandbag could very 
well fly through the windshield of the car causing serious injury. 
Effective January 1, 1978 


, 
to list name(s) and telephone number (s) of those responsible for maintaining barricades 
at all. hours for each project. à 


If, after notification by City, contractor's representative does not immediately correct 
barricade problem and City must perform this work, a charge will be made against con- 
tractor. 


Director of Administration 
and Finance 





AN EQUAL OPPORTUNITY EMPLOYER 
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Fort Wayne, Indiana 
€É_-—mpOP— o_o 19 


l] hereby make application for a PERMIT to cut into the right of way at 


PL, 1 A E RL OA EN SI 
áAAAKAA—=44 


TYPE OF SURFACE where the cut is to be made is A E E o POMO ee 


NATURE OF OPENING TO BE MADE: The opening to be made will be —— — feet long in right of way. and feet lonzin 


‘oad surface by ______ feet Wide, and feet deep: 
“URPOSE OF OPENING: 


>HARGE: Enclosed please find my certified check for (Sz ES z 
ZSTIMATED COST OF LABOR AND MATERIALS TO RESTORE THE CITY PROPERTY CUT INTO OR DAMAGED BY TEE 
APPLICANT TO CONDITIONS AS SPECIFIED BY CURRENT STREET ENGINEERING SPECIFICATIONS 
g cis ) DOLLARS. 


MAINTENANCE BOND: A maintenance bond wil) be required on each permit which will be one hundred percent (100%) of the estimated 
‘ost of labor and materials to restore the city property cut into or damaged by the applicant to its conditions as stated above whicn is to 
‘emain in effect for a period of one vear from the date of completion of the proposed work, said date being established by the Fort Wayne 
"ermi: Engineer upon notification of completion of said work. 








agree: 


To furnish a drawing showing size. type. controlling dimensions, etc., of the proposed improvement relative to existing pavements, 
xisting structures, existing right of way, and existing utilities; E 






To erect and maintain all necessary barricades, detour signs and u&rnje lights in accordance with the manual on Uniform Trzffie 
‘ontro) Devices for Streets and Highways required to safely direct traffic Over orzround the part ofthe street where the above described 
vark is to be done so long 2s the work in any way interferes with traffic: : 

To move or remove any structures instalied under this periit, should future traffic conditions or street improvements necessitate 
nc when requested to do so hy the Fort Wayne Permit Eos 

To assume all responsibility for any injury or d£ 
ontemplated in this application; 


Final restoration of city property cut inte or 






to pesons or property resulting directly or indirectly from the work 






oncitions as specified by current street Engin 
cquired from Permn Engineer. 


including said street. anc lateral cuts by applicant must.be restored to 
cifications within five (5) days after backfilling of cut unless prior approval is 


Eas i GR 
$ The Fon Wayne Permit Enoageer h 
he Fort Wayne Street right of why describe 
lzintenance Bond in the amour» 






F PERMIT TO CUT INTO CITY RIGHT OF WAY 


=DN grants to 


permit to cut into 
herein, and condition that said applicant 


Me with the Fort Wayne Board of Public Works a 

Ae EE aE a aE 
This permit-shal] expire one vee from the date of application unless actual work has begun on the above mentioned location. The 
pplicant, on presentation of this permit, may renew this permit, upon furnishing the Fort Wayne Permit Engineer with an up-to-date 
stimate of the cost of restoration as provided hereinabove. THIS PERMIT 1S NOT EFFECTIVE UNTIL THE ABOVE DESCRIBED 
ONDIS FILED = r ; 


lf any person shal) perform construction of any type within the city right of way or damage any city street without first obtaining a 
ermit therefor and filing with the Fon Wayne Permit Engineer, 2 bond, as provided hereinabove, such person shal] be guilty of a 
¡isdemeanor, and upon conviction thereof shall be fined any sum not exceeding Three Hundred Dollars ($300.00) for each offense. 






a ing revenves lost to the City which 
results from the restriction or re- 
moval of on-street parking will be 
charged to the beder of this permit 


BOARD OF PUBLIC WORKS. 


ime OA DDI Cas too E AR O A A, A A AA ee Notice hereby given thst any park- 


gnature of A AAA AA A a 


ddress Zip Code 





slephone 





ATE APPROVED 





PPROVED: 


FORT WAYNE PERMIT ENGINEER 





orm 1011 (rev. 676) 


(G21 ORDINANCE APPLIES 


STREET BARRICADE MAINTENANCE INFORMATION 
ETAL ANT URMA TION 


Listed below are the names and telephone numbers of the persons 
responsible for the maintenance of the barricades necessary for the dur- 
ation of this contract. 


NAME TELEPHONE NUMBER 


Na E AUE UE 7220 








: CN bb Sg WE cab 


ntractor 


Resolution Number 


GENERAL PROVISIONS*. 


Board of Public Works and Safety 
(Non-Federally Funded) 


Is Time and Progress. Time is of the essence of this 
contract. The contractor shall begin promptly after receipt 
of a written notice to proceed, and in no case later than ten 
(10) days after such receipt. He/she/it shall prosecute the 
work in such a manner as to cause no unnecessary delays. The 
time of beginning, rate of progress and time of completion are 
all essential elements of this contract. 


2: Payment. The Contractor will submit requests for 
payment on a claim form prescribed by the City, and attach 
to that claim form, his invoices for the work performed and 
accepted. 


X3. Proqress Payments and Retainage. The contractor 
may submit requests for payments no more often than every thirty 


agreement, The Board will make payments for such work performed 
and completed, provided, however, that in any such case The Board 
will retain ten percent (10%) of the total amount owing to insure 
satisfactory completion of the contract. Upon final inspection 
and acceptance of this contract, the contractor will be paid in 
furis . 


4. Inspection. The Board, the City Engineers, officials 
of the Office of Compliance of the City of Fort Wayne, and any 
other City officials designated by The Board shall have access 
to the work sites and contractors! records at all reasonable 
times for inspection of the work performed under and in com- 
Pliance with this agreement. 


Any inspection or failure to inspect by The Board or City does 
not relieve the contractor of the obligation to comply with 
all provisions of this agreement. 


*NOTE: Those clauses of the neral Provisions with the 
following box beside it E will be applicable to the 
contract only if the box has a checkmark oF NX" Im de: 
Any question about the applicability of a General 
Provision should be brought to the attention of 
The Board. 


O.C. 12/84 GP i 
B.O.W. Non-Fed 


A Warranty. The contractor fully warrants his work 
for one (1) year after acceptance by The Board, and shall remedy 
at the contractor's own expense, any defects or problems occur- 
ring during that one-year period. In addition, The Board and the 
City shall be furnished. with all manufacturer's and supplier's 
written guaranties and warranties covering materials and equip- 
ment furnished under the contract. 


6. Termination for Convenience. The Board can terminate 
this agreement for the convenience of The Board at any time by 
providing a written notice to the contractor. If the agreement 
is terminated by The Board pursuant to this clause, the contract- 
or will be paid only for the work performed up to the termination 
date. In the event of termination pursuant to this clause, all 
work, including any finished or unfinished documents, data, 
studies and reports prepared by the contractor pursuant to 
this agreement shall become the property of The Board of the City 
of Fort Wayne. 


Ti Termination for Default. If the contractor shall 
fail to fulfill its obligations under this agreement in a timely 
and proper manner, The Board shall have the right to terminate 
this agreement for default, by written notice. If this agreement 
is terminated pursuant to this clause, The Board is not required 
to advance any further payments to the contractor. In the event 
of termination, all work, including finished or unfinished 
documents, data, studies, surveys and reports prepared by the 
contractor shall become The Board's property. Termination 
pursuant to this clause is not The Board's exclusive remedy and 
will not prejudice the right of The Board to take any other legal 
action against the contractor. 





8. Changes. The Board may, at any time, by written order, 
make changes within the general scope of this agreement. If 
any such change results in an increase or decrease in the cost 
of performance, time of performance, or any other material 
provision under this contract, The Board shall make an equitable 
adjustment in the contract price, time of performance, or other 
provision. Any claim by the contractor for adjustment under this 
clause shall be submitted to The Board in writing within thirty 
(30) days after the issuance of the change order. All such 
change orders and resultant compensation shall be incorporated as 
written modifications to this contract. Any dispute as to an 
equitable adjustment shall be referred to the Director of The 
Board for his final determination, pursuant to the disputes 
clause of this contract; provided, however, that the contractor 
will proceed with the work as changed, even if there is a 
dispute. 


O.C. 12/84 GP 2 
B.O.W. Non-Fed 


E Assignability. The contractor shall not assign or 
transfer any interest in this agreement, including by assignment 
or novation without the prior written consent of The Board. 


10. Sub-contracting. None of the services covered by 
this agreement shall be sub-contracted or contracted with 


any contractor or subcontractor who has been debarred or sus- 
pended from doing work for the City of Fort Wayne or federally-- 
assisted contracts. 


11. New Quality Materials. All materials used by the 


contractor in the performance of this contract will, unless 
otherwise specified in writing, be new, of a merchantable 
quality, and in no case less than the quality required by the 
specifications. 

z + 12. Permits and Licenses. The contractor shall secure 
at his/her/its own expense all permits and licenses necessary 
to the performance of the contract. Failure to secure a neces- 
sary permit or license shall constitute grounds for termination 
of the contract. 


13. Contractor's Insurance. The contractor shall obtain 
and pay premiums for such public liability insurance, property 
damage insurance, and workmen's compensation as will fully 
protect it from claims under the Indiana Workmen's Compensation 
Act and from any other claims for damages to persons not covered 
by that Act because of bodily injury, including death which 

may. arise from, or during the performance of the work described 
" dn_this contract. The City shall be named as an additional 
insured on each such policy. Proof of all such insurance shall 
be presented to The Board. The contractor further agrees that it 
will indemnify and hold The Board and the City of Fort Wayne 
. harmless from any loss, damage, liability, cost or expenses 
incurred by the contractor, any of its agents, employees and 
sub-contractors, in the performance of this contract, as well as 
the failure of the contractor or of any agents, employees, or 
sub-contractors to comply with any of the provisions of this 
clause. 


: 14. Contractor's Protection of Work and Safety. The 
contractor shall obtain adequate protection of all work from 
possible damage, and shall protect the City's property of all 
work from possible damage, and shall protect the City's property 
from injury or damage arising from the work to be done under or 
by the contractor, its employees, agents and sub-contractors 
during the construction. He/she/it shall take all reason- 
able precaution for the safety of the employees on the job and 
shall comply with all applicable safety laws, building codes and 
ordinances. The contractor shall properly and fully guard all 
excavations and dangerous places, and will use all due ana proper 


O.C 42/84 GP 3 
B.O.W. Non-Fed 


precaution to prevent injury to any and all persons and pro- 
perty. 


15. ead Base Pa - The contractor. will not apply any 
lead base paint, and will take all necessary steps to reduce 
the hazard from lead base paint already on surfaces. Lead base 
paint is defined as paint containing more than six-one-hundredths 
of one percent of lead by weight in the total non-volatile 
content of liquid paint, or in the dried film of paint already 
applied, and shall include, cracking, scaling, peeling, chipping 
or loose paint. Any surfaces to be painted shall be treated as 
necessary. Treatment involves washing, sand, scraping, wire-- 
brushed, or otherwise cleaned so as to remove cracking, scaling, 
peeling, chipping or loose paint back to sound surfaces, and 
repainting with two coats of suitable non-lead paint. If paint 
film integrity cannot be maintained, the surface must be covered. 


Lead base paint hazards involve all interior surfaces 
and those exterior surfaces readily accessible to children under 
seven (7) years of age, and contractor will take appropriate 
provisions pending the completion of the contract for the 
elimination of immediate hazards. 


16. Contractor's Clean-up. During contruction, and after 
completion the contractor shall clean up and remove all waste 
construction materials from the premises and will leave the 
premises in a clean and sightly condition. 


; 17. Disputes. All disputes which arise under this contract 
which cannot be resolved between the contractor. and the City will 
be referred in writing to the Director of The Board. The 
Director of The Board shall make a final decision in writing. 
The contractor will continue to perform the contract regardless 
of the decision 


18. Prompt Payment Discounts. In connection with any 


discount offered for prompt payment, time shall be computed from 
(1) the date of acceptance by the City of performance of the 
services or deliveries of supplies to the City, or (2) the date 
the correct invoice or voucher is received in the office of the 
City division awarding the contract, if the latter is later than 
the date of acceptance of performance or delivery. For the 
purpose of computing, the discount earned, payment shall be 
considered to have been made on the date the city check is 
mailed. 


19. Minority Business Enterprise/Women Business Enterprise 
Compliance (Construction Contract). This contract 

is governed by General Ordinance G-16-84, Chapter 7 of the code 
of the City of Fort Wayne, establishing participation goals 
of seven percent (7%) for Minority Business Enterprises and 
two percent (2%) for Women Business Enterprises of the total 


O.C. 12/84 GP 4 
B.O.W. Non-Fed 


yearly dollar amount of construction contracts awarded by the 
City of Fort Wayne. The terms “Minority Business Enterprise 
and "Women Business Enterprise” are defined in the Ordinance 
and in the MBE/WBE Statement of the IFB/RFP. The contractor 
agrees that in performing this contract it/he/she will meet 
or exceed the certification. of participation set forth in the 
MBE/WBE Statement in the IFB/RFP. Failure to meet or exceed 
the smallest of the following: (a) 7% MBE or 2% WBE; or (b) 
the participation certification, without justifiable excuse, 
can be grounds for termination of this contract for default 
and shall be considered in evaluating contractor's responsibility 
on future contracts. The contractor agrees to cooperate with 
and provide all documentation requested by the City in monitoring 
the contractor's compliance. After completing the work called 
for in the contract, the contractor will submit to the City 
an accurate certification setting forth the MBE and WBE partici- 
pation in the contract. Final payment shall not be made until 
this certification is received. 


20. Anti-Discrimination Under Indiana Code 5-16-6-1. 
This contractor agrees as follows: 

a. That in the hiring of employees for the perfor- 
mance of work under this contract or any subcontract hereunder, 
no contractor, or subcontractor, nor any person acting on behalf 
of such contractor or subcontractor shall, by reason of race, 
religion, color, sex, national origin or ancestry, discriminate 
against any resident of the State of Indiana who is qualified 


. and available to perform the work to which the employment 
relates; : 


b. That no contractor, subcontractor, nor any person 
on his behalf shall, in any manner, discriminate against or 
intimidate any employee hired for the performance of work under 
this contract on account of race, religion, color, sex, national 
origin or ancestry; 


C. That there may be deducted from the amount payable 
to the contractor by the City of Fort Wayne under this contract, 
a penalty of five dollars ($5.00) per person for each calendar 
day during which such person is discriminated against or intimi- 
dated in violation of the provisions of the contract; and 


d- That this contract may be cancelled or terminated 
by the City of Fort Wayne and all mohey due or to become due 
hereunder may be forfeited, for a second or any subsequent 
violation of the terms or conditions of this clause. 


21. Anti-Discrimination Under the Code of the City of 
Fort Wayne, Section 15-17. In the performance of work under 


this contract or any subcontract hereunder, the contractor, 
subcontractor, and any person acting on behalf of such contractor 


Onc. 12/84 GPS :. 
B.O.W. Non-Fed 


Or subcontractor, will not’ discriminate against any person who 
is qualified and available to perform the work to which the 
employment relates. 


The contractor, subcontractor, or any person acting on 
behalf of such contractor or subcontractor will not obstruct 
the enforcement of this contract provision. 


The contractor, subcontractor, or any person acting on 
behalf of such contractor or subcontractor will not retaliate 
against any person because of good faith, reasonable actions 
taken to overcome, alleviate, or report discrimination, 


Enforcement of this section shall be through order of the 
City of Fort Wayne in the following manner: 


a. Whenever any member of the Division of the 
City of Fort Wayne awarding this contract, or whenever a Com- 
pliance Officer of the City of Fort Wayne has reason to believe 
that any of the provisions of this clause and of Ordinance 
Sec. 15-17 have been violated, the matter may be referred to the 
Metropolitan Human Relations Commission for investigation and 
initiation of discrimination charges against the contractor or 
subcontractor. Cases over which the Metropolitan Human Relations 
Commission has no jurisdiction shall be investigated by the 
Compliance Officer of the City. 


bi A final order of the Metropolitan Human Relations 
Commission shall be forwarded to the Compliance Officer of the 
City of Fort Wayne and to the Division awarding the contract, 
which may invoke one of the remedies set forth in subsection 
(c) of this clause. If it is a matter over which the Metropo- 
litan Human Relations Commission does not have jurisdiction, the 
Division awarding the contract shall conduct a hearing to 
determine whether there has been a breach of Ordinance Sec.15-17. 

Os If the Division awarding the contract determines 
that a contractor, subcontractor or any person acting on behalf 
of such contractor, or subcontractor, has violated the provision 
or provisions of Ordinance Sec. 15-17, whether discriminating, 
obstructing, retaliating, or otherwise, the Division awarding 
this contract may: 


(1) Deduct from the amount payable to the 
contractor by the City of Fort Wayne under such contract the sum 
of not less than Ten Dollars ($10.00) per day, nor more than One 
Thousand Dollars ($1,000) per day per each violation. Each day 
upon which the violation exists shall be deemed a separate 
offense. 


O0.C. 12/84 GP 6 
B.O.W. Non-Fed 


A (2) The Division of the. City awarding this 
contract may cancel or terminate this ‘contract, and all money 
due or to become due under the contract may be forfeited for 
a second or any subsequent violation of Section 15-17. 


22. Required eva Wage Scale Payments. The con- 
tractor and all subcontractors shall, at minimum, pay the 
prevailing wage rates for skilled, semi-skilled, and unskilled 
laborers, workmen, and mechanics, as required by the Indiana Code 
5-16-7-1 wage scale attached to this contract. The contractor 
and all subcontractor on this project shall file a Schedule of 
Wages to be paid during the contract to laborers, workmen and 
mechanics prior to performance on the contract. During perfor- 
mance of the contract, the contractor and each subcontractor will 
meet or exceed his/her/its Schedule of Wages for each position. 


O.C. 12/84 GP? 
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EFnzproverent Eesclutton 
En FOR STREET OR ALLEY 


EA 13 de 


RESOLVED BY THE BOARD OF PUBLIC WORKS OF THE CITY OF FORT WAYNE, INDIANA, 


That it is deemed necessary to improve the area east of Historical Museum by constructing 


an alley and walkway entrances to the Museum. 








gt 2 Ee A A A A A ee 


A A A A a A ——_—_——_  ____ _  __u ___—__———=—+ 


all in accordance with the profile, detail-drawing and specifications on file in the office of the Department of 


Public Works of said City; and such improvement is now ordered. 


It is hereby found by said Board of Public Works thet all benefits accruing hereunder 
will be to the general public of the City of Fort Wayne and that no special benefits 
will accrue to any property owner edjoining seid improvement or otherwise assessable 
under seid improvement. The cost of said improvement shall be paid 100% by the City. 





L) 










Adopted, this 





Secretery end Clerk ; 
BOARD OF PUBLIC WORKS: 
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(e)ANTHONY WAYNE BANK 668458 


FORT WAYNE, INDIANA 46802 a 
REMITTER GAINES CONSTRUCTION TO. E 


71-1232 
Mat EE 8 ae Tatu 


749 





i x 
PAY TO THE EXKARARRARARÍAARA ARARRARRRAR ET SO*ex* 
Pi CETE g BOARD OF PUBLIC WORKS $ 128 050 


OFLUKE- 00-8 
TAREE 


ANTHONY WAYNE 


ATR Hee eee ii ais fits. DOLLARS 






AUTHORIZED SIGNATURE 





| CASHIER'S CHECK ee. by AY 


CASH} 





PAYMENT BOND 
KNOW ALL MEN BY THESE PRESENTS: that 
(Name of Contractor) 


(Address of Contractor) 


a » hereinafter called Principal, 
(Corporation, Partnership or Individual) 


and 
(Name of Surety) 


and'duly authorized to transact business in the State of Indiana, hereinafter 
called Surety, are held and firmly bound unto the City of Fort Wayne, and 
Indiana Municipal Corporation in the penal sum of 

(Dollars ($ ) for the 
payment whereof well and truly to be made, the Principal and the Surety bind 
themselves, their heirs, executors, administrators, successors and assigns, 
jointly and severally, firmly by these present. 


THE CONDITION OF THIS OBLIGATION is such that whereas, the Principal entered 
into a certain contract with the Owner, dated the day of 
19 » for the construction of: 











all according to the "General and Detailed Specifications" as supplemented, 
and "Special Conditions" which together will be referred to as the Standard 
Specifications; and according to Fort Wayne Street Engineering Department 
Drawing No. Sheet No. - The Indiana State 
Highway Standard Specifications dated 1978 shall govern where the above 
specifications do not cover a specific term. 


WHEREAS, said Surety, for value received, hereby stipulates and agrees that no 
change, extension of time, alteration, or addition to the terms of the contract 
or to the work to be performed thereunder, or the specifications accompanying 
the same, shall in any way affect its obligation on this bond, and it does 
hereby waive notice of any such change, extension of time, alteration or addi- 
tion to the terms of the contract, or to the work or to the specifications, and 


WHEREAS, no final settlement between the Owner and the Contractor shall abridge 
the right of any beneficiary hereunder, whose claim may be unsatisfied. 


+» PAYMENT BOND == Page 2 


* 


NOW, THEREFORE, if the Principal shall promptly make payment to all persons, 
firms, subcontractors, and corporations furnishing materials for or performing 
labor in the prosecution of the work provided for in such contract, and any 
authorized extension or modification thereof, including all amounts due for 
materials, lubricants, oil, gasoline, coal and coke, repairs on machinery, 
equipment and tools, consumed or used in connection with the construction of 
such work, and all insurance premiums on said work, and for all labor, performed 
in such work whether by subcontractor or otherwise, then this obligation shall 
be void; otherwise to remain in full force and effect. 


IN WITNESS WHEREOF, this instrument is executed counterparts, 
(number) 
each one of which shall be deemed an original, this day of 


> 19 . 


ATTEST: 
A —_——_—— _ Q_—_———_— a 
Principal 
(Principal) Secretary 
(SEAL) By (S) 
P SAE E ER O EA IAN DA 


Beer DORE T EN E. A 
Wie ea phe Sak a Addresa) = ee 


Witness as to Principal 


(Address) 


La Ut SSeS Dak ORE ee eS ee eee PO ee N 


Surety 


ATTEST: By 
Attorney-in-Fact 


(Surety) Secretary 


(SEAL) 


Witness as to Surety 


(Address) 


(Address) 


E REE: lr RT Y + ARPA A 
NOTE: Date of Bond must not be prior to Date of Contract. 
If Contractor is Partnership, all partners should execute bond. 


PERFORMANCE BOND 


KNOW ALL MEN BY THESE PRESENTS, that 


(Name of Contractor) 


(Address of Contractor) 


a hereinafter called 
(Corporation, Partnership, or Individual) 


Principal, and 
(Name of Surety) 


(Address of Surety) 


and duly authorized to transact business in the State of Indiana, hereinafter 
called Surety, are held firmly bound unto the City of Fort Wayne,Indiana, an 
Indiana Municipal Corporation in the penal sum of 
dollars ($ ) for the payment 
whereof well and truly to be made, the Principal and the Surety bind themselves, 
their heirs, executors, administrators, successors and assigns, jointly and 


severally, firmly by those present. 


The condition of the foregoing obligation is such that: 


WHEREAS, the Principal entered into certain contract with the City, dated the 


day of Lo ; for construction of: 





PERFORMANCE BOND Page 2 


all according to the "General and Detailed Specifications" as supplemented, 
and "Special Conditions" which together will be referred to as the Standard 
Specifications; and according to Fort Wayne Street Engineering Department 
Drawing No. Sheet No. - The Indiana 
State Highway Standard Specifications dated 1978 shall govern where the 


above specifications do not cover a specific term, and 


WHEREAS, said Surety, for value received, hereby stipulates and agrees that 
no change, extension of time, alternation, or addition to the terms of the 
contract or to the work to be performed thereunder, or the specifications 
accompanying the same, shall in any way affect its obligation on this 

bond, and it does hereby waive notice of any such change, extension of time, 
alteration or addition to the terms of the contract, or to the work or 


to the specifications, and 


WHEREAS, no final settlement between the City and the Contractor shall abridge 


the right of any beneficiary hereunder, whose claim may be unsatisfied. 


NOW, THEREFORE, if the Principal shall well, truly and faithfully perform 

its duties, all the undertakings, covenants, terms, conditions, and agreements 
of said contract during the original term thereof, and any extensions thereof 
which may be granted by the Owner, with or without notice to the Surety and 
during the three years guaranty period, and if he shall satisfy all claims and 
demands incurred under such contract, and shall fully indemnify and save 
harmless the Owner from all costs and damages which it may suffer by reason 

of failure to do so, and shall reimburse and repay the Owner all outlay and 
expense which the Owner may incur in making good any default, then this 


obligation shall be void; otherwise to remain in full force and effect. 
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IN WITNESS WHEREOF, this instrument is executed in 
(number) 


counterparts, each one of which shall be deemed an original,’ this 


day of ; 3 19 


ATTEST: 
(Principal) 


BY: [S] 


(Principal) Secretary 


[SEAL] 


(Witness as to Principal) (Address) 


(Address) 


Surety 


ATTEST: 


(Surety) Secretary 


[SEAL] 


By 


Witness as to Surety Attorney-in-Fact 


(Address) (Address) 


NOTE: Date of Bond must not be prior to date of Contract. 
If Contractor is Partnership, all partners should execute bond. 


' Daa Bond NO. TPI 618923, 


è GPA 0480 
PERFORMANCE BOND 


KNOW ALL MEN BY THESE PRESENTS, that 


Gaines Construction C 18 
(Name of Contractor) 


217 W. Washington Center Road 
Fort Wayne, IN 46825 


(Address of Contractor) 


a hereinafter called 
(Corporation, Partnership, or Individual) 


Principal, and ; 
(Name of Surety) 
17671 Cowan Avenue 

Irvine,CA 92714 


(Address of Surety) 


and duly authorized to transact business in the State of Indiana, hereinafter 


called Surety, are held firmly bound unto the City of Fort Wayne,Indiana, an 


Indiana Municipal Corporation in the penal sum of Twenty-five thousand, six 


hundred twenty=seven and 40/100 — dollars ($. 25 627. 4oxxexdehor the payment 


whereof well and truly to be made, the Principal and the Surety bind themselves, 
their heirs, executors, administrators, successors and assigns, jointly and 


severally, firmly by those present. 


The condition of the foregoing obligation is such that: 


WHEREAS, the Principal entered into certain contract with the City, dated the 


day of FER E s; for construction of: 


Historical Museum Entrances Resolution 6013-85 


PERFORMANCE BOND Page 2 


all according to the "General and Detailed Specifications" as supplemented, 
and "Special Conditions" which together will be referred to as the Standard 
Specifications; and according to Fort Wayne Street Engineering Department 
Drawing No. Sheet No. - The Indiana 
State Highway Standard Specifications dated 1978 shall govern where the 


above specifications do not cover a specific term, and 


WHEREAS , said Surety, for value received, hereby stipulates and agrees that 
no change, extension of time, alternation, or addition to the terms of the 
contract or to the work to be performed thereunder, or the specifications 
accompanying the same, shall in any way affect its obligation on this 

bond, and it does hereby waive notice of any such change, extension of time, 
alteration or addition to the terms of the contract, or to the work or 


to the specifications, and 


WHEREAS, no final settlement between the City and the Contractor shall abridge 


the right of any beneficiary hereunder, whose claim may be unsatisfied. 


NOW, THEREFORE, if the Principal shall well, truly and faithfully perform 

its duties, all the undertakings, covenants, terms, conditions, and agreements 
of said contract during the original term thereof, and any extensions thereof 
which may be granted by the Owner, with or without notice to the Surety and 
during the three years guaranty period, and if he shall satisfy all claims and 
demands incurred under such contract, and shall fully indemnify and save 
harmless the Owner from all costs and damages which it may suffer by reason 

of failure to do so, and shall reimburse and repay the Owner all outlay and 
expense which the Owner may incur in making good any default, then this 


obligation shall be void; otherwise to remain in full force and effect. 


4 


, PERFORMANCE BOND Page 3 


t 


a 


IN WITNESS WHEREOF, this instrument is executed in 3 


(number) 


counterparts, each one of which shall be deemed an original, this _13th 


day of September y RO os 


ATTEST: 
\ ‘ 
o A eta E 
(Principal) Secretary 
[SEAL] 


(Witness as to Principal) 


(Address) 


ATTEST: 


(Surety) Secretary 


[SEAL] 







Witness as to Surety 


(Address) 
Kalamazoo, MI 49007 


NOTE: Date of Bond must not be prior to 


Gaines Construction €o.,Inc. 
(Principal) 


BY: Z ; ` Ls. S) 


(Address) 


T . p . E P e 
Surety Company 





Attorney-in-Fact 
Judith A. Hope 


(Address) ts cae y 


234 W. Cedar Street ake 
Kalamazoo, MI 49007 


date of Contract. 


If Contractor is Partnership, all partners should execute bond. 


twen 


TPI 618923 
GPA 0480 


id i > 


PAYMENT BOND 
KNOW ALL MEN BY THESE PRESENTS: that 


(Name of Contractor) 
217 W. Washington Center Road 


(Address of Contractor) 


a » hereinafter called Principal, 
(Corporation, Partnership or Individual) 


and 
(Name of Surety) 
17671 Cowan Avenue 


Irvine, CA 92714 
and -duly authorized to transact business in the State of Indiana, hereinafter 


called Surety, are held and firmly bound unto the City of Fort Wayne, and 


Indiana Municipal Corporation in the penal sum of Twenty-five thousand, six hund: 


*xxxxxxxxxx (Dollars ($ ) for the 
payment whereof well and truly to be made, the Principal and the Surety bind 
themselves, their heirs, executors, administrators, successors and assigns, 
jointly and severally, firmly by these present. 


THE CONDITION OF THIS OBLIGATION is such that whereas, the Principal entered 
into a certain contract with the Owner, dated the day of 
19 » for the construction of: 


Historical Museum Entrances Rosolution 6013-85 





all according to the "General and Detailed Specifications" as supplemented, 
and "Special Conditions" which together will be referred to as the Standard 
Specifications; and according to Fort Wayne Street Engineering Department 
Drawing No. Sheet No. - The Indiana State 
Highway Standard Specifications dated 1978 shall govern where the above 
specifications do not cover a specific term. 


WHEREAS, said Surety, for value received, hereby stipulates and agrees that no 
change, extension of time, alteration, or addition to the terms of the contract 
or to the work to be performed thereunder, or the specifications accompanying 
the same, shall in any way affect its obligation on this bond, and it does 
hereby waive notice of any such change, extension of time, alteration or addi- 
tion to the terms of the contract, or to the work or to the specifications, and 


WHEREAS, no final settlement between the Owner and the Contractor shall abridge 
the right of any beneficiary hereunder, whose claim may be unsatisfied. 


as 


e 
“. PAYMENT BOND -- Page 2 
PAYMENT_ BOND 


1 
NOW, THEREFORE, if the Principal shall promptly make payment to all persons, 
firms, subcontractors, and corporations furnishing materials for or performing 
labor in the prosecution of the work provided for in such contract, and any 
authorized extension or modification thereof, including all amounts due for 
materials, lubricants, oil, gasoline, coal and coke, repairs on machinery, 
equipment and tools, consumed or used in connection with the construction of 
such work, and all insurance premiums on said work, and for all labor, performed 
in such work whether by subcontractor or otherwise, then this obligation shall 
be void; otherwise to remain in full force and effect. 





IN WITNESS WHEREOF, this instrument is executed 3 counterparts, 
(number) 
each one of which shall be deemed an original, this 13th day of et 
September 4 sees $ 
ATTEST: 
ie ( /\ 7 Principal 
X Nae DAA ~ \ C I~: A eS 





(Principal) Secretary 


2 ( 
(SEAL) By Khe AE gate ÓN (S) 


Witness as to Principal 


(Address) 





Transamerica Premier Insurance Company 


Surety 











ATTEST: By 





Attorney-in-Fact 
Judith A. Hope 


(Surety) Secretary 






(SEAL) 


J. 





Witness as to Suréty (Address) 


234 W, Cedar Street 234 W. Cedar Street 


(Address) Kalamazoo, Mi 49007 
Kalamazoo, Mi 49007 





NOTE: Date of Bond must not be prior to Date of Contract. 
If Contractor is Partnership, all partners.should execute bond. 


e 


„5f Transamerica Trangamerioa Premier Insurance Company 
ee ras hs e + > v 


* Insurance Services 


s AJO NAC 
GPA * = 9480 
Power of Attorney valid only if numbered in red. 





General Power of Attorney 





Know All Men by These Presents, That Transamerica Premier Insurance Company, a corporation duly organized and existing under the laws of the 
State of California, and having its administrative office in Irvine, Orange County, California, does by these presents make, constitute and 


appoint 
de JUDITH HOPE 


























of Kalamazoo and State of Michigan its true 
and lawful Attorney(s)-in-Fact, with full power and authority hereby conferred in its name, place and stead, to execute, acknowledge and deliver 








CONTRACT BONDS (S.B.A. Guarantee Agreement) - MAXIMUM PENALTY $500,000.00 
OTHER CONTRACT BONDS - MAXIMUM PENALTY $109,000.00 
ALL OTHER BONDS - MAXIMUM PENALTY $10,000.00 














"THIS POWER OF ATTORNEY SHALL TERMINATE AND BE 
OF NO FURTHER EFFECT AFTER DECEMBER 31, 1986" 











and to bind the Company thereby as fully and to the same extent as if such bonds were signed by the President, sealed with the corporate seal of the 
Company and duly attested by its Secretary, hereby ratifying and confirming all that the said Attorney(s)-in-Fact may do in the premises. Said 
appointment is made under and by authority of the following resolution adopted by the Board of Directors of the Transamerica Premier Insurance 
Company, at a meeting held on the 12th day of June, 1984. 


“Be It Resolved, that the President, any Vice-President, any Secretary or any Assistant Secretary shall be and is hereby vested with full power and 
authority to appoint any one or more suitable persons as Attorney(s)-in-Fact to represent and act for and on behalf of the Company subject to the 
following provisions: 


"Section 1. Attorney-in-Fact. Attorney-in-Fact may be given full power and authority for and in the name of and on behalf of the Company, to execute, 
acknowledge and deliver, any and all bonds, recognizances, contracts, agreements of indemnity, consents of surety and other conditional or 
obligatory undertakings and any and all notices and documents canceling or terminating the Company's liability thereunder, and any such instruments 
so executed by any such Attorney-in-Fact shall be binding upon the Company as if signed by the President and sealed and attested by the Corporate 
Secretary.” 


In Witness Whereof, Transamerica Premier Insurance Company has caused these presents to be signed by its President 
and its corporate seal to be hereto affixed this__27th day of 


TRANSAMERICA PREMIER INSURANCE COMPANY 
Y 


Bl As 














RATED 
INCORPO 


JULY 1, 1941 





State of California 
Ss 


County of Orange 





Onthis__27 th day of eptember „intheyear 1984 heforeme 








Joan Eaglen 


, a notary public, personally appeared 





Jack M. Trapp 


, personally known to me to be the person who 





, on behalf of the corporation therein named and 





executed the within instrument as President 
j uted it. 


/ 3 JOAN EAGLEN i E / 
Haj] NOTARY PUBLIC - CALIFORNIA E A A A 
ez ny PRINCIPAL OFFICE IM FANS 4 : 
Tia ORANGE COUNTY Notary Public 
My Commission Expires July 15, 1989 
AUTOS I LLM ORL AR 1 FLD JACA ERA Ra AH H LA 


|, the undersigned Secretary of Transamerica Premier Insurance Company hereby certify that the above and foregoing is a full, true and correct copy of 
the Original Power of Attorney issued by said Company, and do hereby further certify that the said Power of Attorney is still in force and effect. 















And | do hereby further certify that the Certification of this Power of Attorney is signed and sealed by facsimile under and by the authority of the 
following resolution adopted by the Board of Directors of the Transamerica Premier Insurance Company at a meeting duly called and held on the 12th 
of June, 1984, and that said resolution has not been amended or repealed: 


"Resolved, that the signature of the Secretary or any Assistant Secretary of this Corporation, and the seal of Corporation, may be affixed or printed by 
facsimile to any certificate to a Power of Attorney of this Corporation, and that such printed facsimile signature and seal shall be valid and binding 


upon this Corporation.” 


dayof___ September SS 


TRE AL 


ATTACHED TO BOND NO._TPI 618923 Secretary 





GIVEN under my hand and the seal of said Company, this 13th 
¡BN is, 


THIS POWER OF ATTORNEY EFFECTIVE ONLY IF 


1 Admn . 


a 


TITLE OF ORDINANCE Contract for Res. 6013-86, Historical Museum Alley & Walkway Entrance 
DEPARTMENT REQUESTING ORDINANCE _ Board of Public Works & Safety TIAS 


SYNOPSIS OF ORDINANCE The Contract for Res. #6013-85 is for improvement of the 
area east of Historical Museum by construction an alley and walkway entrances to the 
Museum. Gaines Construction Co., Inc. is the Contractor. 


PRIOR APPROVAL HAS BEEN RECEIVED 








Kúá—_—_——_ _ __—_ __ __—_—_—___-—=—=+0+1+1+1+ e eee 


EFFECT OF PASSAGE Improvement of above area. 








EFFECT OF NON-PASSAGE 











MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $25,627.40 





ASSTGNED TO COMMITTEE 








S-85-=10-22 


BILL NO. . 
TREES A AMO AA 
REPORT OF THE COMMITTEE ON PUBLIC WORKS 
A Si o hoa scat ES 
WE, YOUR COMMITTEE ON PUBLIC WORKS TO WHOM WAS 


eth E O 
REFERRED AN (ORDINANCE) (RESOXXMADON ) approving Contract for 


Res. #6013-85, Historical Museum Alley & Walkway Entrances, by 
the City of Fort Wayne, by and through its Board of Public Works 


and Safety and Gaines Consrtuction, GO); y 














> 





HAVE HAD SAID (ORDINANCE) (RESOXKS¥ION) UNDER CONSIDERATION AND BEG 
LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE). 
| (RESOEW ELON 





K 
tj 
Nn 
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SAMUEL J. TALARICO 
CHAIRMAN 


a ee ee 
AA : LEC CHARLES B. REDD 
VICE CHAIRMAN 








PAUL M. BURNS 
4 LS a DONALD J. SCHMIDT 
ES Oe THOMAS C. HENRY 

: PO PRS REN IR a EON AT ea E 


fC fee OE LAA SANDRA E. KENNEDY 
CITY CLERK 





CONCURRED IN 


